ENGINEERING CHANGE NOTICE 
DART AEROSPACE LTD 


Date: 17.06.30 Job No.: RD17-827-02 [ADR Yes/No: N_ [ADR Date: =a ECN #:| 17- 598 
Product No.: D119-827 Created By: vs [Approve By | E 
Product Name: Pedal Lockout Checked By: DS á 
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Reason for Change: 
Addition of Pedal Lockout kit for AW109SP model 


Documents Affected: 
ACR-D119-827-1 Rev. D, ACR-D119-827-1 Rev. E, IIN-D119-827 Rev. E, ICA-D119-827 Rev. 3, SR02258SE dated June 29, 2017 


IF APPLICABLE: NCR: PAR: CAR: 15-107 CIR: URF: 
PAPERWORK UPDATE Ea PARTS MUST COMPLY [| _] PREVIOUS PARTS SATISFACTORY [x] 
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Notify Previous Customers 


Read 
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13 |Update Approved/Preliminary Dwg PDF Files 7 

14 [Update Product Development Summary (STC applications) 

15 [Update QSI 021 (TC/FAA STC) and/or STC Approval List 
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Required Documents/Drawings/Item ID's Under Review (URF) 
Update Master Document List (MDL) 

Update Document Record (DR) 

Update Product Compatability Matrix 

Notify TC / FAA of Change (eg. ICA, 8110-3) 
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pdate Controlled Supplier Documents (Qpulse) Database 
pdate Grey Project Binder / Electronic Project Folder 


Description / Action: 

-Update BOMs and Routes 

- New/updated drawings previously released per ECN 17-571 
- Ship D109-827-013 kits to Leonardo when ready 


ECN Verified & Complete: Date: JUL 0 6 2017 
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